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Gentlemen : 


11105-66 
cop y j of 6 

Contract No. FH-7322 
AF33 (657) -12846 
Amendment No. 8 

5 DEC 196& 


1. This document constitutes Amendment No. 8 to Contract 
No. FH-7322, AF33 (657) -12846 , between the parties hereto and 
said contract is amended as hereinafter set forth. 
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2. The parties hereto have negotiated and agreed upon 
certain changes and additions to the Statement of Work of the 
contract, and also agreed on the furnishing of certain spare 
parts and AGE. As a result of such negotiations, an increase 


tions are set forth herein below. 


3. Pursuant to the provisions of the changes clause of the 
General Provisions hereof, the Contracting Officer has directed 
the Contractor to comply with the provisions of Engineering Change 
Proposals numbered 1940-6, 1940-11 through 1940-22 and 1940-24£A) 
through 1940-26. Said ECP's are set forth in Revision "C" to 
Work Statement 1940-W-l, attached hereto, which is incorporated 
herein and made a part hereof. In addition, Revision "B" to 

Work Statement 1940-W-l is incorporated herein to reflect the 
schedules of ECP's that were incorporated by Amendment No. 7 to 
this contract. 

4. Pursuant to the provisions of Item 9, Section B, Adden- 
dum ”A” to the Schedule, the parties hereto have negotiated and 
agreed upon items and quantities of spare parts. Said items and 
quantities are set forth in Appendix "A", Revision 3 dated 27 
October 1966, attached hereto, and made a part of this contract. 

In addition, an additional item of AGE identified in Purchase 
Request No. AI-66-03-14-002 is added to Item 3 of the Items to 
be furnished under this contract. Said document is included 

in PART I - SCOPE OF WORK - to the Schedule by reference and is 
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made a part of this contract. 

5. As a result of the foregoing, Paragraphs A and B of 
PART III - COST AND FEE, of the Schedule are eliminated in 
their entirety and the following paragraphs A and B are substi- 
tuted therefor: 


"A. The target cost for the per formance of this 
Contract is I 
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B. The targ et fee for the p erformance of this Con- 
tract is r 


6. All other terms, conditions, and requirements of 
Contract No. FH-7322, AF33 (657) -12846, as amended, remain 
unchanged. 
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7. Please indicate your receipt and acceptance of this 
Amendment No. 8 to Contract No. FH-7322 by executing the 
original and two copies. Return the fully executed original 
and one copy to the undersigned and retain the remaining copy 
for your files. 
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Very truly yours, 

THE UNITED STATES OF AMERICA 
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Contracting Officer 


ACKNOWLEDGED & ACCEPTED 



BY 


- 


TITLE Manager of Customer Relations 
DATE 12 December 1966 
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